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ACTION SY-05 

INFO OCT-01 AF-06 lSO-00 /012 W 

007593 

P R 0208 lOZ JUL 75 
FM AMEMBASSY NAIROBI 
TO AMEMBASSY BLANTYRE PRIORITY 
INFO SECSTATE WASHDC 3747 

LIMITED OFFICIAL USE NAIROBI 5539 

DEPT EOR A/SY/FO, A/SY/NSU 

E.O. 11652: N/A 
TAGS: ASEC 

SUBJECT: CONSEC SEABEES FOR CHANCERY LILONGWE 

1 . DEPT HAS ADVISED THAT THEY WILL TRY TO PROVIDE 
ONE CONSEC SEABEE TO ARRIVE MID TO LATE JULY. 

2. RSO HAS ALSO REQUESTED DEPT SUPPLY THREE MSGS 
FOR NON- WORKING HOURS SURVEILLANCE. WILL ADVISE. 

3. MR. M. L. HOFF, CEC, USN, OFEICER IN CHARGE, 

NAVAL SUPPORT UNIT STATE DEPT CURRENTLY VISITING 
NAIROBI TO REVIEW SEABEE OPERATIONS AND HAS RAISED 
FOLLOWING QUESTION RE LILONGWE PROJECT TO 
FACILITATE PLANNING PROM WASHINGTON: 

A. WHEN DID CONSTRUCTION COMMENCE ON THE GROUND 
FLOOR? 

B. IS THE CONTRACTOR STILL PLANNING TO COMMENCE 
WORK ON THE FIRST FLOOR EUROPEAN (SECOND FLOOR U.S.) 

ON 15 JULY OR HAS THE SCHEDULE SLIPPED? 

C. WHAT IS THE PERCENT COMPLETION OF THE GROUND 
FLOOR? THE PIRST PLOOR? 

D. WHAT IS THE SCHEDULED COMPLETION DATE OF THE 
BUILDING? 

E. WHAT ARE THE HOURS/DAY, DAYSAVEEK WORKED BY 
LIMITED OFFICIAL USE 

LIMITED OFFICIAL USE 

PAGE 02 NAIROB 05539 01091 IZ 
THE CONTRACTOR? 

F. ARE THERE ANY MATERIALS NOT ON-SITE SUCH AS 

VAULT DOORS, ELECTRICAL MATERIALS FOR VAULT ETC., WHICH 
MAY DELAY THE CONTRACTOR FROM COMPLETING THE VAULT 
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(SURVEILLANCE AREA) BY 15 OCTOBER? 

G. ASSUME THE SURVEILLANCE PERSONNEL SHOULD BE 
ROUTED INTO BLANTYRE AND SHOULD CONTACT POST SECURITY 
OEFICER EOR CONSULTATION AND ARRANGEMENT FOR ONWARD 
TRANSPORTATION TO LILONGWE. 

H. IE THERE IS A PROBLEM, OR SOMETHING OE A 

SECURITY NATURE IS OBSERVED WHAT WILL BE THE PROCEDURE 
EOR NOTIEYING POST SECURITY OEFICER. DOES READY 
TELEPHONE CONTACT EXIST BETWEEN LILONGWE AND BLANTYRE? 

I. ARE ELECTRICAL PLANS FOR THE INTERIOR OE 
COMMUNICATION AREA AVAILABLE EOR CONTRACTOR TO DO WORK? 

J. IS THE PROJECT SUPERVISOR ON-SITE? IF NOT, 

WHERE IS HE COMING EROM AND WHEN DOES HE ARRIVE? 

4. SINCE MR. HOLE SCHEDULED TO DEPART NAIROBI 
EOR PRETORIA JULY 3 WOULD APPRECIATE REPLY TO ANY 
QUESTIONS POSSIBLE BY JULY 2. 

MARSHALL 

LIMITED OEEICIAL USE 

COMMUNICATION AREA AVAILABLE EOR CONTRACTOR TO DO WORK? 

J. IS THE PROJECT SUPERVISOR ON-SITE? IF NOT, 

WHERE IS HE COMING EROM AND WHEN DOES HE ARRIVE? 

4. SINCE MR. HOFE SCHEDULED TO DEPART NAIROBI 
EOR PRETORIA JULY 3 WOULD APPRECIATE REPLY TO ANY 
QUESTIONS POSSIBLE BY JULY 2. 

MARSHALL 
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« END OE DOCUMENT » 
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